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= Timing verify 
= Vector generation for test 
= testing/debug silicon 


Person Activity completion % |feb |march japril may | june | july 
1234 11234411234 41234 4123411234. 
ee Page gee PE Re ei ee eg ens 
Dave layout 100% |LLLLLLLL|/L | < i | - ‘ 
assembly 100% -| AA F * | | . 
Size checking 100% «| VV | VVVV 3 ‘ | | é z 
final verification 100% - | VVV VVV [VV. | ‘ ; 
‘| : ‘ | ° 7 
Glen SC2 100% |22 222|T . : 3 : 
a: | : - ‘ ‘ 
Mike shrink numbers 100% = K :| . F é . 
PADs 100% PP|P ‘ : : 
- | ; : : : 
Bob Schematics/Lsim verifies 100% |SSSSS ss| SSSSS s ss |ss. ‘ 5 
Size checking 100% | es | s|ss s | 7 ‘ : 
PADs/packaging 100% P .|P P Ps F : 
final Ltime 100% =f Tr | é : , 
vector creation, debug 2% - | «| ,EREEE REEEEEEL IEC. Ctte ~ 
| -| wl — : 
Tim Lsim verify 100% |SSSSSSSS|SSSS =| | A P 
| -| -[- | . 
Terry vector creation, testing 23 | =| | . te et:. lettt 7 
| -| als | ‘ 


02728791 Layout fFreeze-=>. ‘: 5 ‘ 
05/30/91 layout verify--> : F 
05/10/91 fab tape delivery-->. 
07/05/91 receive silicon-->. 
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TL 2 a I 


=D AVC tS 
Completed all layout work and final checking plots. Trial LVS/DRC’s/PG were clean. 

ABO 2 a 
Last 2 weeks: 


Completed final special plots checks - guardbanding/VCC/VSS/clock lines - all clean. Re-Expanded all Mentor schematics for safety 
- reran LPE/LVS - all clean on final database. 


Checked all CLKS/DISK clocks loading in Ltime after LPE - all almost perfect. Checked all skews in fast DISK clocks - all very 
good. 


Ran all DISK tests and glenn & I approved all DISK as functional. Lsim RC bug made DISK + AUDIO adders fail. Debugged this 
problem (Glenn,Jim,Tim also) & created workaround netlists for both so all necessary tests could be shown to pass. 


Shipped final tape on 05/10/91 to HP. No PG-stopping problems found since then. 
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